CS. 7260-2 SA> o Ge OU. W ONDE o th 


GD == CO TO CENSO ANDO AD NS RO END Ne IN. puta ee ee eee > O fi OT plo oe je 5 
DD. iso GO ROO NT Os OVO) SN) ee CDS COS GOTO OO AR = DOS tis 




















Ce. 
BILL NO. S-88-91%- /ou 


SPECIAL ORDINANCE NO. S- LIFI 


AN ORDINANCE approving Change 
Order No. 1 and (FINAL) with 

T & G EXCAVATING, in connection 
with °-the- Board ‘of |. Public 
Works and Safety of the City 
of Fort Wayne, Indiana. 


NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 
SECTION 12: That Change Order No. and (FINAL) 


with T & G EXCAVATING, in connection with the Board of je 





Works and Safety, for: 
this Change Order is necessary 
because of the following: 
to equate contract amounts 
for work actually performed; 
involving a net increase of One Thousand, Thirty-Seven 
and 21/100 Dollars ($1,037.21), all as more particularly 


set forth in the specifications, and which is on file with 


the Office of the Board of Public Works and Safety and 





is by reference incorporated herein, made a part hereof, 
and is hereby in all things ratified, confirmed and approved. 

SECTION 2. That this Ordinance shall be in full 
force and effect from and after its passage and any and 


all necessary approval by the Mayor. 





APPROVED AS TO FORM 
AND LEGALITY 


ere 


J. Timothy fesaulay, City Attorney 
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CHANGE ORDER Contract No. 


Change Order No. One (FINAL) Resolution No. _ 1035-86 
Project No. W.O. 63893 Board Order No. = 
Name of Project Garden Park Feeder Main Date Jan. 8, 1988 
To: T & G Excavating 7 BEIA 

(Contractor) 7 


Vacs 4 


Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans 
and specifications: 








Beem eee Description of Change 






Chang 


Unit Price Decrease 


T 
fo 
a) 
mM 
H 
jo] 
Q 
[0] 
jo) 
ct 
H 
w 
Q 
rt 
las] 
H 
H 
(R) 
M 


Increase 


A 
op! 


Total Decrease ER 
Total Increase Po 


Net (Decrease) (Increase) Contract Price 


The sum of $ 1037.21 is hereby (added to) kdeduexedxfxmem) the total contract price 
and the final contract price shall be adjusted as follows: 


Original Contract Price 6 AVI 471.45 
Current Contract Price Adjusted by Previous Change Order $ 1723471. 45 


New Contract Price Including This Change Order $ 178,508.66 


The time provided for completion in the contract for this project is (unchanged) (iHomexxzg) 
(decreased) by 0 calendar days due to this Change Order. The date for completion 
of all work shall be same + Furthermore, this document shall become an 


———— ee e meme 


amendment to the contract and all provisions of the contract shall apply hereto. 
DS 


> 





Recommended by- CL Chief Water Engineer Date 


Accepted by: i E BEIN fi, ; Oy) ado EES Be Date 


ae by: sc). SU E AQ | (City Engineer) “Date | - Se Y y 


Approved by: ia Aran A E re (Chm. Bd. of Works) Date (-20-55 


A Ide 4 Member Bd. of Works) Date J-2 0-5 ¥ 


A WE Zi: A 

) SET J 

MM wich Lil THK Member Bd. of Works 
E 7 

) /) X ADD 


“4 


Attested by: vs (Clerk 






cio 





Date J: 2O-8§ 


Change Order No. Qne (FINAL? 


~ E 


Resolution No. 1035-86 


r 


Board Order No. 48-86 É 
REQUEST AND JUSTIFICATION FOR CHANGE 
Necessity for change: To equate contract amounts for work actually performed. 
Tote peek) CABE O cash O. DICE Ske SI ROME DD E a a ee 
SC RE MPS Se) MRE DA RS O RU Sa OR RE E a LL A 


ERR pr Re aa eee o ells ion a ria 


E e ii ir ai ap e ai I 


Will proposed change alter size of the project? Yes No x 


If yes, explain 
a, RL a ORE RES SN RR SIS E a ee mee A SE EA O SATER or 
ŘE 


Affect on operation and maintenance cost of this project: 


None. 





Gary Reinke Engineer 


NO reat | ATTACHMENT TO CHANGE ORDER 





' 3 ; 
cem poe 1. i. Deeggiortos atichange (Pets SO lo canta in cone ace pri 
No. Re Description ' Unit Price Decrease Increase 
Cone ee E S e 


I., l O 12" Ductile Iron Pipe 29.36 58.72 E 
2; IEP 12" River Xing Pipe ; 142.45 
oh Pe Dela E CR 6" Ductile Iron Pipe 24.80 198.40 a 


12; DEE, Asphalt Street Restoration 15.28 15.28 
TESTE Asphalt Drive Resrotation 10-33 196.:27 


14 Concrete Drive Restoration 13.00 104.00 


a Selic ER 
E 8" SDR Pipe with Bedding 10.00 E sas 1,340.00 


Total Decrease 767.67 - 
5 Total Increase 1,804.8€ 
Net (Decrease) (Increase) Contract Price 1,034.21 








. Read the first time in full and on motion by LB eee i 
‘seconded by E. Cece? , and du dopted, xead the second time by 


title and referred to the Committee on (and the 


due legal notice, at the Council Conference Roo 
Fort Wayne, Indiana, on 
of 





Read the t i d time in full and on motion by Cosa r 
seconded by , and duly adopted, placed on its 
passage. PASSED Lest by the following vote: 

AYES NAYS ABSTAINED ABSENT 


TOTAL VOTES 


BRADBURY 


fee aes 
a 
BURNS 2o 
GiaQUINTA S 
HENRY oa 
LONG ss 
REDD E 
SCHMIDT 
STIER ag 
a 


TALARICO 
DATED: DA Ae 

SANDRA E. KENNEDY, CITY CLERK 
Passed and adopted by the Common Council of the City of Fort Wayne, 


Indiana, as ( 






ORDINANCE RESOLUTION NO. E SO SP 






(SPECIAL) (ZONENG-MAP ) 
on the SA Te be fy of 19 E 
/ L 4 


A r P T a. 
SS Oe, E: oN oe O A q E 3 ; Ed 
í EZ Tren í NAEL 


ee 
SANDRA E. KENNEDY, CITY CLERK PRESIDING OFFICER 7 


Presented by me to the Mayor of the,City of Fort Wayne, Indiana, on 


the QH ÃO day of ' 19 FE 





SANDRA E. KENNEDY, CITY CLERK 


Approved and signed by me this 24h day of Vase ; 
19 SR , at the hour of 2300 o'clo V -M.,E.S.T. | 







Ahhh 


PAUL HELMKE, MAYOR 





Admn. Anpr. 


TITLE OF ORDINANCE Change Order #1 and Final for Res. 1035-86, Garden 
E = Spigot dao 1 ee Meee o AO a EE Reet rei gee ae 


DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety 





SYNOPSIS OF ORDINANCE- Change Order #1 and Final for Res. 1035-86, Garden 


Park Feeder Main, is necessary to equate contract amounts for work actuall 


performed. T & G Excavating is the contractor. È 
A TEIE) -/ e. 
ndo dom a tt PRE A DO SU CE ee ee 


TO Ge RPE AL ST CRIE a E Reese RS OO ee em 
he SE RE SOM DOC E ara On e O ei a A A O E 


EE 2 Eber SE ee ee Oi a a e ee 
Pe SP q eee ee ee ee N A 
EFFECT OF PASSAGE To facilitate completion of project. 
o a ae se Do in oe ee 
as. ae Se ae CR aie ee Ee Bg e 
EFFECT OF NON-PASSAGE | 

BE ita. a See DEDO ey 
Aee DER CODES O RCE E o eS E SU RO 
SIRT ace eel co aR E OR NM eR AS O Segoe À 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Increase of $1,037.21 





Pi a ee ee ss 


ASSIGNED TO COMMITTEE 
a a ee o ÃO a RO RO E 


e pisado CD ee i SS O ig NO ee 


BILL NO. S-88-02-12 


REPORT OF THE COMMITTEE ON CITY- UTIRITIES 


WE, YOUR COMMITTEE ON CITY AUTILETIES TO WHOM WAS 


REFERRED AN (ORDINANCE) (REGBOLUDLONS approving Change 


Order No. 1 and (FINAL) with T & G EXCAVATING, in connection 
with the Board of Public Works and Safety Of the City Of 
Fort Wayne, Indiana . ; 


HAVE HAD SAID (ORDINANCE) (RESOLUTION) UNDER CONSIDERATION 


AND BEG LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID 


(ORDINANCE) Ao (PESOLA ONJA E E T 


D YES No 


PAUL M. BURNS 
z a CHATRMAN 
SE B. REDD 
VICE CHAIRMAN 
MARK E. GiaQUINTA 





SAMUEL J. TALARICO 





JAMES S. STIER 


ora O o ag a f É forty 


Sandra E. Kennedy 
City Clerk 


